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BILL NO. S-83-10-^__^ 


SPECIAL ORDINANCE NO. 


s- ^Sb& ‘ 


AN ORDINANCE approving Change Order 
No. 1, Lafayette Corridor (Pontiac 
to RR. project). Res. #5985-83, 
with Moellering Construction Company, 
Inc., in connection with the Board of 
Public Works. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Lafayette Corridor 
(Pontiac to RR. project). Res. #5985-83, with Moellering Con¬ 
struction Company, Inc., in connection with the Board of Public 
Works for: 

After the contract was let. Street Engineering 
found that in previous construction at this 
corner the storm sewer was reduced from 12" 
to 8" and then back to 12". This restriction 
caused flooding of the intersection and fre¬ 
quent plugging of the pipe. When this oc¬ 
curred, Sewer Maintenance had to jet flush 
the line which was difficult because of the 
restriction or they had to rod it out. The 
second item (41) will enable us to move the 
traffic light and with it back out of the 
way, the radius at the northeast corner of 
Pontiac and Lafayette can be increased thus 
improving the traffic flow; 


involving an increase of Three Thousand Five Hundred Forty-Three 
and 53/100 Dollars ($3,543.53), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 










Read the first time in full and on motion by_, 

seconded by_, and duly adopted, read the second time 

by txtle and referred to the Committee_(and the City 

Plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne, 

Indiana, on_, the_^day of 

_, 19_, at_^o'clock_.M.,E.S.T. 


Read the third^ii^ in ^ull and on motion by_ 

seconded by__, and duly adopted, pl^c 

passage. PASSED by the following vote; 


ABSTAINED 


TOTAL VOTES 

BRADBURY 

BURNS 


GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 

TALARICO 



CITY CLERK 


id on its 


TO-WIT; 




CITY C£ERX 


Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as ( 20NIMG -mPT (GENERAL)-OPTN eXATION ) (SPECIAL) 

CAPPROPSiATtXON) ORDINANCE (R £SOLUTIO i?j ) NO. 

on the _Qf_, 19 - 





OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 



MAYOR 













































































CHA^GZ 0?.DE?. 


Re solution.No. 5985-83 
Board Order No. 36-83 


lange Order No. • 1 

reject No- ■ __ 

■rre of Project Lafayette Corridor (Pontiac, fn - Date 9/71 /8 .3- 

): Moellering Construction Co., Inc. ___ 

(Contractor) 


?ntlemen: 


jii are hereby requested to comply v;ith the foll=v;i.-g changes from the contract plans and 
aecifications: 


cem 

Ouantitv 

Descriotion of Chanqe 

Unit Price 

Chanoe in Contract Price 

Material 

Decrease 

Increase 

+0 

1 Ea. 

Renairine sewer line in Pontiac St 

2,043.53 


2.043.53 



including hew inlet and resultant ad- 






ditional maintenance of traffic 











1 Vp 

Mowing traffic light base at N.E. 

1,500.(HL 


1 .500.00 

+ i 

- 

corner of Pontiac and Lafayette, in-- 






eluding temporary wiring of same 















. 









iotal Decrease 



total Increase 

Net (Ssxsoeiasec) (Increase) Contract r-rice 


3.543.53 


3.543.53 


ha sum of S 3,543.53 _ is hereby (added to) (the total contract 

rice, and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by .Previous Change Order 
New Contract Price Including this Cha.nge Order 


$ 182.175.93 

S_ 

S 185.719.46 


h- tn-m- provided for completion in the contract for this project is (unchanged) 

^ ^ 0 - calendar days due to uhis Change Order. The date for completion 

“ *' Furthermore, this document shall become an 

contract shall apply hereto. 


by . 


October 31, 1983 


if all work shall be __ 

imendment to the co^ract and all provisions o^ 

(Chief Street hr.cir.eer) Date fM/ZSi 
_ (Contractor) Date J 



(Director of Transportation) ^ i fi** ^ 

Date 7 - 


) Date 


Attested by 






Data 
































































Chance Order Mo. __ 

Resolution No. . 5985-83 _ 

Board Order No. 36-83 _ 

REQUEST AMD JUSTiFICATIOM FOR CHANGE 

Necessity for changer After the contract was let. Street Engineering found that in _ 

previous construction at this corner the storm sewer was reduced from 12" to 8" and then back 

to 12". This restriction caused flooding of the intersection and frequent plugging of the 

pipe. When this occurred; Sewer Maintenance had to jet flush the line which was difficult 
because of the restriction or they had to rod it out. 

The second item (41) will-enable us to move the traffic light and with it back out of the way 
the radius at the northeast corner of Pontiac and Lafayette can be increased thus improving 

the traffic flow. 


Will proposed change alter size of the project? Yes_ No 

If yes, explain: ___ 


Affect on operation and maintenance cost of this project: Item 40 improvement will 

reduce the maintenance cost for this corner for Sewer Maintenance Department and prevent 

flooding of the intersection,__ 


































BILL NO. 


S-83-10-05 


• report of the committee'ON CITY UTILITIES 

YOUR COMMITTEE O N Utilities _WHOfl X'7AS REFERRED AN’. 

approving Change Order No. 1, Lafay-ette Corridor (Pontiac 
ORDINAiMCE ___^^_;__ 

to RR. project). Res. #5985-83, with:Moellering Construction Company, 
Inc., in'-connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDEPJ^TION AND BEG LEAVE TO REPORT 
BACK TO THE COMT-ION COUNCIL THAT SAID ORDINANCE pC, . P ASS. 


VICTURE L. SCRUGGS, CHAIRMAN 


SAMUEL J. TALARICO, VICE CHAIR-MAN 


DONALD J. SCHMIDT 


MARK E. GiaOUINTA 






PAUL M. BURNS 



































TITLE OF ORDINANCE 


Admn. Appr. 


Chanpe Order #1. Lafayette Corridor CPontiap to R.R.) Res.- 5985- 
DEPARWENT REQUESTING ORDINANC E of p„M j /3-ya.-OS— ^ 
SWOPoIS OF ORDINANCE-After the contract was let. Street Engineering found that in ■ 


_.nrevious constr uction at this comer the storm sewer was reduced from 12" to 8" an 
then back to 12". This restriction caused flooding of the intersection and 


..'frequent plugging of the pipe. IVhen this occurred. Sewer Maintenance had to jet ' 


flush the line which was difficu lt, because of the restriction or they had to 
rod it out. The second item -(41j will -enable us to. move the traffic light 
and with it back out of- the - way-, the radius at the northeast porner of Pontiac 
and Lafayette can be increased thus improving the traffic flow. Moellerih^ 

Const. Co. Inc. was the contractor. 



EFFECT OF PASSAG E Item 40 improvement, will r educe the maintenance cost for this corner foi 
Sewer Maintenance Dept, and prevent tlood lng of the iiiLeisecL - i xym_ . 


EFFECT OF NON-PASSAGE 


MONEY LWOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $3,543.53 


ASSIGNED TO CO.^WITTEE 






















































































